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LIMITED OFFICIAL USE BLANTYRE 0775 

E.O. 11652: N/A 
TAGS: ASEC 

SUBJECT: CONSEC SEABEES FOR CHANCERY LILONGWE 

NAIROBI FOR REGIONAL SECURITY OFFICER/PASS HOFF; STATE FOR 
A/SY/FO, A/SY/NSU 

REF: NAIROBI 5539 

FOLLOWING INFORMATION IN RESPONSE TO REFTEL IS KEYED TO 
QUESTIONS PARA 3 REFTEL: 

A. FEB 27, 1975. 

B. TARGET DATE JULY 15, 1975. NO SLIPPAGE. 

C. GROUND FLOOR - ALL CONCRETE POURED AND ROUGH WORK 
COMPLETED. NO BRICK WORK COMPLETED; ESTIMATED 30 PERCENT 
COMPLETE. 

D. FEB 28, 1976. 

E. WORK HOURS 7:30 A.M. - 4:30 P.M. FIVE DAYS PER WEEK. 

(MON. THRU FRI.) 

F. VAULT DOOR PRESENTLY IN BEIRA, OTHER MATERIALS ON 
SCHEDULE; IF ANY DELAY ESTIMATE NO MORE THAN FIFTEEN DAYS. 
CONTRACTOR HAS NO REPEAT NO RESPONSIBILITY FOR INSTALL- 
ATION ELECTRICAL MATERIALS. 

G. AFFIRMATIVE ON ROUTING BUT WILL REQUIRE MAXIMUM 
ADVANCE NOTICE NAMES OF PERSONNEL FOR PROVIDING MALAWIAN 
GOVERNMENT AUTHORITIES. 

H. READY TELEPHONE CONTACT AVAILABLE AND WILL BE PRIMARY 
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I. CONTRACTOR HAS NO RESPONSIBILITY FOR ELECTRICAL 
INSTALLATION IN INTERIOR OF COMMUNICATION AREA. OC RESPON- 
SIBLE FOR THIS WORK. 

J. PROJECT SUPERVISOR THOMAS COFFEY IS ON SITE. 

STEVENSON 
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Current Classification: UNCLASSIFIED 

Concepts: n/a 
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Copy: SINGLE 

Draft Date: 02 JUL 1975 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: RELEASED 
Disposition Approved on Date: 

Disposition Authority: ShawDG 
Disposition Case Number: n/a 
Disposition Comment: 25 YEAR REVIEW 
Disposition Date: 28 MAY 2004 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1975BLANTY00775 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D750229-0081 
From: BLANTYRE 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1975/newtext/t19750789/aaaadbrf.tel 

Line Count: 66 
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Original Classification: LIMITED OFFICIAL USE 
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Original Previous Handling Restrictions: n/a 
Page Count: 2 
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